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STATUS REPORT: VIC DEVELOPMENT GROUP 
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The following report summarizes current VIC Development Group 
Activities. : 


Cx commodore 


COMPI ITER 


. MANUALS & ARTWORK -- FINISHED PROGRAMS 


NAME OF BOX ART SEND MANUAL FIRST ROM 
PROGRAM TO CALIF, TO CALIF. SAMPLES 
1916 RADAR RATRACE DONE . . DONE Apr. 2 
1911 THE SKY IS FALLING Apr. 7 Apres. 7: Apr. 15 
1912 MOLE ATTACK. Apr. 5 Apr. 5 Apr. 2 
1913 RAID ON FT. KNOX Apr. 12 Apr. 12. Apr. 36 
1914-1918 ADVENTURES Apr. 2 Apr. 6 Apr. ?? 
1919 SARGON II CHESS Apr. 2 Apr. 2 Apr. 2 
1928 PINBALL SUPREME Apr. 16 Negotiating license w. NAMCO. 
1921 BREAKOUT Copyright check on program. 
1922 COSMIC CRUNCHER Cancelled. Art completed. 
1923 GORF Apr. 9 Apr. 9 ' May 15 
1924 OMEGA RACE Apr. 6 Apr, 6 Apr... 15 
MANUALS & ARTWORK --— PROGRAMS UNDER DEVELOPMENT 
1648 VICTERM-49 May 1 May 1 June 36 
1882 PERSONAL FINANCE Apr. 25 Apr. 25 May 15 
1883 HOME BABYSITTER Apr. 25 Apr. 25 ' May 15 
1804 MATH TEACHER I May 1 May 1 June 39 


1885 VISIBLE SOLAR SYSTEM May 1 May 1 June 39 


TELECOMMUNICATIONS 


PROJECT Status | Date(s) 


1. VICMODEM Units being packaged Apr. 14-17 
24 units given to Sales Apr. lL 
2. AUTOVIC Need to send contract memo Apr a. <7 


to Bruce Crockett so he can 
negotiate design/manuf P.O. 


3. NON-MODULAR PHONE VICMODEM accessory...memo Mar. 26 
ADAPTER (VICMODEM) sent to B.Crockett so he 
can negotiate P.O. 


4. COMPUSERVE ; L. Ercolino working to get Apr. 12-17 
contract signed. Verbal & 
preliminary go-aheads on all 
major aspects of program. 


5. THE SOURCE The Source now working with Apr. 36 
us to put literature/free hour 
in box, possible royalty on 
CBM connect services. 


6. DOW JONES Dow Jones will probably give July l 
us Free hour when we sell 
VICTERM-46. 


7. VICTERM-46 Anticipate completion of July l 
terminal cartridge by July l. 


8. CBM/PET MODEMS Anchor Automation now = ===--- 
working on special modem 
projects/CBMII/PETII including 
398 baud cartridge modem and 
auto-dial/auto-answer version. 

1282 baud modem anticipated. 


VIC-28 PROGRAMS - OUTSIDE CONTRACTS 


: Release 

Name of Program: Computer Author Targe: 
1. HOME BABYSITTER VIC=-29 Computamania May 1 

2. MATH TEACHER VIc-29 Computamania May 1 

3. PERSONAL FINANCE VIC-29 Zuzelo May 1 

4. FEA GAME/MENAGERIE VIC~-29 Cimarron May 15 
5. VISIBLE SOLAR SYSTEM VIC-29 Ken Madell May 15 
6. LIGHTPEN ARTIST VIC~=28 Bubblesoft ‘June 1 
7. ROBOT BLASTER VIC-298 UMI June l 
8. DOGPATCH VIc-29 Innovation June 1 


9. MATH 6-PACK (tapes) VIC=-29 Zinn/ VLC «Ge. May 15 


VIC-29 PROGRAMS ~- IN-HOUSE PROJECTS IN PROGRESS 
1. OMEGA RACE VIC=-29 VIC Group Apr 2 
2. GORF VIC-26 VIC Group Apr 12 


3. VICTERM 49 VIC=-26 VIC Group. ‘June 1 


CONTRACTS PENDING ON DEVELOPMENT PROJECTS 


HARDWARE (1C) 


VICMODEM NONMODULAR PHONE ADAPTER...Memo sent to B. Crockett March 26 
describing terms discussed, requesting him to negotiate purchase order. 


AUTOVIC...Need to send memo to B. Crockett outlining terms, targets and 
requesting him to negotiate purchase order. AUTOVIC is a cartridge 
which connects between the VICMODEM and VIC-29/C-64 and converts our 
VICMODEM to auto-dial/auto-answer for electronic mail purposes. 
Suggested retail will be approximately $75. 


SOFTWARE WIC) 


MOYNIHAN...Now reviewing contract for LORD OF THE SKY...must sign and 
return to Canada with check. 


BUBBLESOFT...Will discuss changes with R.Blumenthal and return contract 
to Bubblesoft on April 5. 


UNITED MICROWARE...Awaiting contract for SPIDERS FROM MARS. 
COMPUTAMANIA...Advance royalty check with signed contract April 2. 


CIMARRON...Need to send contract. Suggested changes to "BUGOUT" game 
they submitted. 


NOVA (ACE of ACES)...Changes made by R. Blumenthal retyped. Return 
Signed contract to NOVA April 5. 


NAMCO...Awaiting response on PINBALL and KING AND BALLOON licenses. 
Said they would respond by April 5. 


WALTER BERRIE & CO. (SMURFS)...Sent letter. Asked to wait until April 
12 before calling to confirm. © 


NEGOTIATIONS PLANNED BUT NOT INITIATED CULTIMAX) 


NINTENDO...If T.Tokai confirms SKY SKIPPER will fit on ULTIMAX, will 
propose contracting game. Terms are $1.59 per cartridge with 350K 
royalty advance. Exclusive (Can't get nonexclusive rights). Tokai 
plans to visit Nintendo Japan to view game to see if it's suitable from 
programming standpoint for ULTIMAX. 


THRESHOLD SOFTWARE...Need to contact Chicago agent for inventors of QIX 
game. They will do original game for us for ULTIMAX. 


WILLIAMS CO....Need to see if we can get STARGATE license for ULTIMAX. 
» SESAME STREET (Children's TV Workshop)...talking with Jules Gilder. 


MATRIX SOFTWARE...can do Astrology programs for VIC/ULTIMAX. Might 
combine with license from LINDA GOODMAN for ULTIMAX/64 cartridge. 


SUBLOGIC...space shuttle simulation. Recommended by A.Fink/N.Harris. 


DATAMOST...They were given C64 but no contract negotiations were made. 
Will contact to get contract for ULTIMAX games. 


ASTRONOMY BOOK...Will contact paperback publishers to see if we can ger 
a good astronomy oook (ideally by Carl Sagan) to include with our 
VISIBLE SOLAR SYSTEM Cartridge. 


OUTSIDE SOFTWARE AUTHORS...Currently compiling ULTIMAX game “want list” 
including original program subjects and categories. Will begin 
recruiting programmers and schedule against C-64 availability as soon 
as games and categories we want are identified. 


ULTIMAX GAMES CURRENTLY UNDER DEVELOPMENT 


U.S. ULTIMAX PROGRAMS WRITTEN OUTSIDE 


Release 
Name of Program: Computer Author Target 
1. HOME BABYSITTER ULTIMAX Computamania July 1 
2. MATH TEACHER ULTIMAX Computamania July l 
3. SPIDERS FROM MARS ULTIMAX UMI July 1 
4. ACE OF ACES ULTIMAX Rothwell July 30 
5. VISIBLE SOLAR SYSTEM ULTIMAX Madell July 38 
6. FLEA GAME/MENAGERIE ULTIMAX Cimarron July l 
7. j\GCIGHTPEN ARTIST COMM~64 Bubblesoft July 36 


ULTIMAX GAMES BEING WRITTEN BY HOME COMPUTER PROGRAM GROUP 


1. SARGON II CHESS ULTIMAX VIC Group June 1 
2. APPLE EATER ULTIMAX VIC Group June 30 
3. RACETRACK SPECIAL ULTIMAX VIC Group June l 


ULTIMAX GAMES BEING CONVERTED BY COMMODORE JAPAN 


1. OMEGA RACE (Bally) ULTIMAX Japan 
2. WIZARD OF WOR (Bally) ULTIMAX Japan 
3. KICK-MAN (Bally) ULTIMAX Japan 
4. GORF (Bally) ULTIMAX Japan 
5. VIC AVENGER ULTIMAX Japan 
6. JUPITER LANDER ULTIMAX Japan 
7. RADAR RATRACE '  ULTIMAX Japan 
8.. ROAD RACE ULTIMAX Japan 
9. MOLE ATTACK ULTIMAX Japan 


generously contributed by 
michael tomczyk 
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